RE: my fig construction updates 


Subject: RE: my fig construction updates 
From: <aa ron@urbanplaceconsulting.com> 
Date: 03/08/2017 12:33 PM 
To: "Adam Driscoll" <adam.driscoll@lacity.org> 
CC: "MatTalag" <mat.talag@lacity.org> 

Thanks. The council office sent it my way too. 

Do you have time to chat tomorrow? 


Aaron Aulenta 
Figueroa Corridor BID 

aaron(a>u rbanplaceconsultinq.com 


Original Message 

Subject: Re: my fig construction updates 
From: Adam Driscoll < adam.driscoll(g>lacity.on > 

Date: Wed, March 08, 2017 11:42 am 

To: aaron(a>u rbanplaceconsultinq.com 

Cc: MatTalag < mat.talag(a>lacity.orq > 

Good morning Aaron 

Attached is the latest version of the project schedule - can't recall if I've already sent it 
but if not I apologize and here it is. 

Additionally could you give me a call so that we may schedule a meeting to discuss the 
DOT/BID streetscape maintenance agreement? Thanks - I seem to have misplaced your 
number, but we are eager to get this scheduled ASAP 

Thanks again. 

Adam C. Driscoll 

Transportation Engineering Associate III 
Construction Management - Design Division 


Los Angeles Department of Transportation 
951 - 741-3406 


On Tue, Feb 21, 2017 at 3:50 PM, < aaron(a)urbanplaceconsultinq.com > wrote: 
Great. Thanks. 
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Original Message 

Subject: Re: my fig construction updates 
From: Adam Driscoll < adam.driscoll@lacity.on > 

Date: Tue, February 21, 2017 3:42 pm 
To: aaron@urbanplaceconsultinq.com 

Cc: MatTalag < mat.ta laq@lacity.org > 

H i Aaron 

We expect to have an updated schedule ready to distribute on Wednesday. 

Adam C. Driscoll 

Transportation Engineering Associate III 
Construction Management - Design Division 


Los Angeles Department of Transportation 

951 - 741-3406 


On Mon, Feb 13, 2017 at 3:17 PM, < aaron@urbanplaceconsultinq.com > 

wrote: 

H i guys, 

When do you think we'll see an updated construction schedule on the 
project? 

My stakeholders and businesses have started to ask me. 

Thanks, 

Aaron 

Aaron Aulenta 
Figueroa Corridor BID 

aaron@urbanplaceconsultinq.com 


- Original Message - 

Subject: Re: my fig construction updates 
From: Adam Driscoll < adam.driscoll@lacitv.on > 

Date: Mon, February 06, 2017 9:16 am 

To: aaron@urbanplaceconsultinq.com, Mat Talag 
< mat.talaq@lacitv.or > 

Good morning Aaron 

According to our contract documents, the Figueroa Corridor BID is 
responsible for billing regarding some of the new irrigation systems 
being put in place as part of the My Fig Project. 

Prior to the meters being installed, DWP is asking for a contact 
person and phone number of someone who they can contact with 
regard to setting up this account. Please let me know a name and 
number I can get to DWP so that we can move forward with setting 
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up these accounts and get ourselves in the queue for meter 
installation. 

Thanks - let me know if you have any questions. See Note 52 on 
the Figueroa St. plans for the specific contract notes on these. 


Adam C. Driscoll 

Transportation Engineering Associate III 
Construction Management - Design Division 


Los Angeles Department of Transportation 

951 - 741-3406 
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